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BILL NO. S-88-01 7 A ~ 


SPECIAL ORDINANCE NO. WER. ag 


AN ORDINANCE approving Change 
Order No. 1 for Res. 6076-87, 
Sidewalk Improvement, Eastbrook 
(Brook to Grove), with 
Rieth-Riley Construction 
Company in connection with 
the Board of Public Works 
and Safety of . the. City: of 
Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SEGTION. =... That Change Order No. 1 for Res. 
6076-87, Sidewalk Improvement, Eastbrook (Brook to Grove), 
with Rieth-Riley Construction Company, in connection with 
the Board of Public Works and Safety, for: 


this Change Order is necessary 
because of the following: 


much of the 4" concrete 
sidewalk and removal was 
saved in the field. Le 
originally was added to 
quantities due to possible 
elevation. These were worked 


out in the field, therefore 

reflecting a savings to the 

City; 
involving a net decrease of Two Thousand, Eight Hundred 
Fifty-Eight and 12/100 Dollars ($2,858.12), all as more 
particularly set forth in the specifications, and which 
is on file with the Office of the Board of Public Works 
and Safety and is by reference incorporated herein, made 
a part hereof, and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full 


force and effect from and after its passage and any and 


all necessary approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 







\ 


Fu TLMOCHY City Attorney 
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CHANGE ORDER 9/5 3 
Change Order No. _ 1 Resolution No. 6076-87 
Project No. Board Order No. J22-87 Se 


V————— 


Name of Project Easthrook (Brook to Grove) Date 12/16/87 


To: DTTrTu_n r Tom Ty 
(Contractor) 


a 
= 


Gentlemen; 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item Description of Change Change in Contract Price 


No. | Quantit Unit Price 
I 
| 


| | 


Total Decrease 33410289 
Total Increase 


Net (Decrease) (ixamxasx) Contract Pri | 39,046.28 





Ther suma of Sa 2 ,898412 is hereby (addedkxto{ (deducted from) e total contract 
price, and the final contract price shall be adjuste : 

Original Contract Price. $ 41,904.40 

Current Contract Price Adjusted by Previous Change Order $ 2,858.12 

New Contract Price Including this Change, Order $ 39,046.28 
The time provided for completion in the contract for this project is (unchanged) (increased) 
(degreased) by 0 calendar days due to this Change Order. The date for completion 
Of 'all»worksshall be eta . Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


/ ; ; / 
Recommended by: | K Al, Le. ief (Ain j Date CEES $ 7 
2 A 2 


Accepted by: Date I~ 8-38 






r : ERA 
Y E 47 
Approved by: Lelie [AS = City Engineer) Date IAB A 
N . 
Approved by: _{ ee, Oe Y LAMPARA Owner Date BUN RR 





Attested by: 


Date i~ ISP 


pa 


Change Order No. 1 
Resolution No. 6076-87 


Board Order No. 052-87 


REQUEST AND JUSTIFICATION FOR CHANGE 


i- 


Necessity for change: Much of the 4" Concrete Sidewalk and removal was saved in the 
field. It originally was added to quantities due to possible elevation problems. 


These were worked out in field, therefore reflecting a savings to the City 


— = eee 
TT eee 


Will proposed change alter size of the project? Yes No XX 
If yes, explain: ES A Ne en 


- 





Affect on operation and maintenance cost of this project: 





l Year Maintenance Bond (included into contractor's Performance Bond). After which 


regular maintenance by City Forces. 


Cre ee errs eee 

















#730, 





DIPRESENDES TO $2,850.12! $0.00: $0.00 | $2,958.12 


p236. ¿pd il 


Read the first time in full and on motion by 1 aa A 
seconded by , and d dopted, d the second time by 
title and referred to the Committee on LIFE pier ( 

City Plan Commission for recommendation) and Public Hearing to be hel 
due legal notice, at the Council Con i 
Fort Wayne, Indiana, on 


of i , 
DATED: (DEVS 














Read the thi 
seconded by 
passage. PASSED 


an in full and on motion by $ A N A 
47 , and duly adopted, placed on its 
LOST by the following vote: 


AYES NAYS ABSTAINED ABSENT 
TOTAL VOTES 7 
BRADBURY — 
BURNS 
GiaQUINTA ca 
HENRY de 
LONG ae 
REDD cr 
SCHMIDT — 
STIER rainy 
TALARICO E 





DATED: 2 AHF 





SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as (ANNEXATION) (APPROPRIATION) (GENE 


N 
(SPECIAL) (ZONING MAP) ORDINANCE -RESOLUTION NO. A PZA 


on the Le pee A day of AL CLEAR? 19 FA E 
MES s 2.0 
Loot EST EAL _ > =, 


VA Ken a OS = Fre SS ? Y BR 












on. ce a ZN es zes 
SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER ” 
& 


Presented by me to the Mayor of t City of Fort Wayne, Indiana, on 


the JA xo 


at the hour of ER o'clock ~ -M.,E.S.T. 





y] 


Ze J A E a RES 


ar HAZ A NLAAL ANA y 


SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this lo day of o $ 


La A St the Pous oF Lido R A .M.,E.S.T/ 


AN 


PAUL HELMKE, MAYOR 


y Admn. Anpr., 
TITLE OF ORDINANCE Change Order #1, Sidewalk sun Res. 6076-87, 


Eastbrook * roo ¡COve 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 

SYNOPSIS OF ORDINANCE--. Change Order #1, Sidewalk Improvement, Res. 6076-87, 
Bor (aves sua Grove) is necessary because much pf the 4" concrete 
sidewalk and removal Er saved in the field. It originally was added to 


quantities due to possible elevation. problems. These were worked out in 


the field, therefore reflecting a savings to the City.. Rieth-Riley Con- 


struction Company is the Contractor. 











EFFECT OF PASSAGE - -. Sen £0. the ERES: 























EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSES, EXPENDITURE, SAVINGS) Decrease of $2,858.12 








A ee e a a IS IE ONO TE US E e OES 
ASSIGNED TO COMMITTEE ; e 
ep a ABRO Y eg 


BILL NO. 88-01-22 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESSEUTESN) _annroving Change 


Order No. 1 for Res. 6076-87, Sid@@#alk Improvement, Eastbrook 





(Brook to Grove), with Rieth-Riley Construction Company 





in connection with the Board of Public Works and Safety of 





the City of Fort Wayne, Indiana 




















HAVE HAD SAID (ORDINANCE)  (RESOEUTTON) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE)  (KESOBUIION) 


YES NO 








STIER 


ET G. BRADBURY 


E tay EA 





CONCURRED IN 





Sandra E. Kennedy 
City Clerk 


